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Message Text 

UNCLASSIFIED 

PAGE 01 BAGHDA 00871 221057Z 
ACTION OC-06 

INFO OCT-01 NEA-10 ISO-OO CCO-OO SY-05 OCL-OO FBOE-OO 
/022 W 

221100Z 128798/13 

R 221033Z MAY 77 
FM USINT BAGHDAD 
TO AMEMBASSY ATHENS 
INFO AMCONSUL KARACHI 
SECSTATE WASHDC 4590 

UNCLAS BAGHDAD 0871 

KARACHI FOR RCO; ATHENS FOR ATO; DEPT FOR OC, OIC/NSU AND 
NEA/EX 

E.O. 11652: N/A 

TAGS: ACOM. ASEC, NSU 

SUBJECT: CCC POWER RENOVATION 

REF: ATHENS 4451 

FOLLOWING ARE REPLIES KEYED TO QUESTIONS IN REFTEL: 

2A. OPEN AIR STORAGE IN CHANCERY GROUNDS IS ONLY AVAILABLE 
STORAGE AREA. 

2B. POST HAS BEEN RECEIVING SEA SHIPMENTS VIA BASRA. RECENTLY 
RECEIVED APPLIANCES FROM ATHENS VIA COMMERCIAL AIR. SUGGEST 
YOU EXPLORE BOTH METHODS. 

2C. WE HOPE THERE WILL BE NO CUSTOMS DELAYS. WE HAVE ASKED FOR 
NECESSARY IMPORT LICENSES WHICH ARE GOOD FOR THREE MONTHS. 

IF YOU PREFER, WE CAN NOTIFY YOU WHEN DOCUMENTS ARE OBTAINED. 
ADVISE. 

3. BAGHDAD 0615 BEING POUCHED. (ATHENS WAS ON ORIGINAL 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BAGHDA 00871 221057Z 

DISTRIBUTION). ANTICIPATED COMPLETION DATE FOR BUILDING 
RENOVATION IS MID TO LATE JULY. THIS OF COURSE IS CONTINGENT 
UPON ARRIVAL OF GFE FOR WHICH WE HAVE RECEIVED NO SHIPPING 
INFO TO DATE. CONCRETE FLOORING WAS POURED MAY 20 AND WILL 
TAKE APPROXIMATELY TWO WEEKS TO CURE. SHIELDING BEING INSTALLED 
AND SHOULD BE COMPLETED IN TWO WEEKS. POST ATTEMPTING TO LOCATE 
VINY FLOOR TILING IN KUWAIT. WE REQUIRE APPROXIMATELY 31 1 SQ 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


METERS. WOULD IT BE AVAILABLE IN ATHENS? IF SO WOULD APPRECIATE 
COST. 

WILEY 
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